Sewer  Easement  Maysville  Heights'^  Adi 
DECLARATORY 

Res.  No.  109ii-1963 


; For  the  Condemnation  of  right  of  way  for 
Sewer  Easement  across  parts  of  the  Southwest 
■ Quarter  of  Section  32,  St.  Joe  Township 
31  North,  Range  13  East,  Allen  County,  Indiana  . 


Resolution  Adopted: 

!*, Feb.  13^  1963 

Confirmed: 

March  lli,  1963 

I Bids  Received: 

* V 

i ; 

I Contract  Awarded: 

I 

£ Contract  and  Bond: 

' 

Contractor: 

' 


B.O.  20-»63 


Sevmr  easemont-MaysTllle  Heights  Add 


DECLARATORY  RESOLDTION  NO.  IO9I4-I963 

For  the  Condemnation  of  x^ght  of  way  for  Sewer 
Easement  across  parts  of  the  Southwest  Quarter  of 
Section  32,  St.  Joe  Township  31  North-  Range  13  East- 
Alien  County,  Indiana. 


PLANS  ORDERED: 

ADOPTED:  ^ Feb.  13,  1963 

ADVERTISE  NOTICE  TO  PROPERTY  OWNERS:  Feb.  Sb  & 20^-  I963 
Notices  mailed  March  1,  I963 

HEARING  ON  CONFIRMATION :Tburs.,  March  lU,  1963,  3*30  p.  m. 
CONFIRMED:  March  lU,  1963 

ASSESSMENT  ROLL  ORDERED:  March  lU,  1963 

ASSESSMENT  ROLL  APPROVED:  April  3,  1963 
HEARING  ON  CONFIRMATION 

OF  ASSESSMENT  ROLL:  Thurs.,  April  25,  1963,  3*30  p.  m. 

NOTICE  SERVED:  April  12,  1963 


ASSESSMENT  ROLL  CONFIRMED: 


April  25,  1963 


DECLARATORY  RESOLUTION  No. 

■ - ■ ■ rr 


19  63 


For  the  Condemnation  of  right  of  way  for  

Easement  acro«  part«  of  the  Southwest  Quarter  of  Section  32,  St.  Joe  Township 
31  North,  Range  13  Eaat,  Allen  County,  Indiana 


Resolved  by  the  Board  of  Public  Works  of  the  City  of  Fort  Wayne,  Indiana,  that  it  is  desired  and  deemed 
necessary  to  condemn  for  permanent  right  of  way  for  utility  purposes,  the  following 

described  real  estate. 

(Please  <ee  attached)  


sewer 

All  as  shown  by  a plan  of  such  proposed  Condemnation  of  right  of  way  for«NtiM|*> 

purposes  as  above  described,  now  on  file  in  the  Office  of  the  Department  of  Public  Works  of  the  City  of 
Fort  Wayne,  Indiana 


sewer 

The  cost  of  said  ■ VaBwiiaii  Qyewiwgm*  Condemnation  of  right  of  way  for  purposes  shall  be  as- 

sessed against  the  property  beneficially  affected  thereby. 


The  property  which  may  be  injuriously  or  beneficially  affected  by  such 'VasatiiH  Condem- 

nation  of  right  of  way  for purposes  is  described  as  follows:  Pirt  Of  thc  SoUthWCtt  Qu.iT.'t.gr 

of  Section  32,  Township  31  North,  Range ^ 1 3 Ea<t^  Allen  County^  Indiana. 


All  according  to  the  method  and  manner  provided  for  in  an  act  of  the  General  Assembly  of  the  State  of 
Indiana,  entitled  “An  Act  Concerning  Municipal  Corporations”,  as  approved  March  6,  1905  and  the  provi- 
sions of  all  acts  amendatory  thereto  and  supplemental  thereof,  including  the  right  to  bond  assessments  as 
in  said  law  ordered. 


Assessments  if  deferred  are  to  be  paid  in  ten  equal  installments  with  interest  at  the  rate  of  five  (5)% 
per  annum.  Under  no  circumstances  shall  the  City  of  Fort  Wayne,  Indiana  be  or  be  held  re.sponsible  for 
any  sum  or  sums  due  from  the  said  property  owner  or  owners,  or  for  the  payment  of  any  bond  or  bonds, 
except  for  such  moneys  as  shall  have  been  actually  received  by  the  City  from  the  assessments  for  such 
property  damages  as  said  City  is  by  said  above  entitled  act  required  to  pay.  All  proceedings  had  in  the  making 
of  said  improvement,  assessment  of  property,  collection  of  assessments  and  issuance  of  bonds  therefor, 
shall  be  as  provided  for  in  said  above  entitled  act  and  all  amendments  thereto  and  supplements  thereof. 


nf  the  above  described 
City  of  Fort  W'ayne,  Indiana,"  and  fltT 

is,  elecirlc  pole  lines  and  conduits,  telephone  and  telegrapn'  jlUlU  lliiLJ 


shall  be  subject  to  an  easement_ffi 

and  meuntenance 


All  Streets,  lots  and  lands  affected  by  the  above  described 

Southwest  Quarter  of  Section  32^  Township 
Indiana. 


condemnation  situated  in  the 


ADOPTED  THIS 


DAY  OF 


Attest: 

Secretary  Board  of  Public  Works. 


Board  ^ labile  Works. 


The  North  12  feet  of  the  South  313  feet  of  the  East  165  feet  and 
the  North  14  feet  of  the  South  315  feet  of  the  East  519  feet,  excluding 
the  East  165  feet,  of  the  West  one-half  of  the  Southwest  Quarter  of 
Section  32,  St.  Joe  Township  31  North,  Range  13  East,  Allen  County,  Indiana. 

T.ie  West  14  feet  of  the  East  519  feet  of  the  South  588  feet,  excluding 
the  South  315  feet  of  the  West  one-half  of  the  Southwest  Quarter  Section  32, 
'^t.  Joe  Township  31  North,  Range  13  East,  Allen  County,  Indiana. 


Tlie  North  14  feet  of  the  South  588  feet  of  the  East  875  feet,  excluding 
the  Fast  519  feet  of  the  West  one-half  of  the  Southwest  Quarter  , Section  32, 
St.  Joe  township  31,  North,  Range  13  East,  Allen  County,  Indiana. 


A 14  foot  strip  of  land  whose  centerline  is  more  particularly  described 
as  follows: 

(.'ommenc  ing  at  a point  which  is  located  869  feet  West  of  the  centerline  of 
the  Southwest  Quarter  of  Section  32,  St.  Joe  Township  and  579  feet  North  of  the 
South  Section  Line  of  the  Southwest  Quarter  of  Section  32,  St.  Joe  Township, 
thence  in  a Northwesterly  direction  to  a point  located  990  feet  West  of  the  center- 
line  of  the  Southwest  Quarter  of  Section  32,  St.  Joe  Township  and  672  feet  North 
of  the  South  Section  Line  of  Section  32,  St.  Joe  Township. 


The 
Lots  47, 


North  7 feet  of 
46,  45,  and  44, 


Lots  48,  49,  50,  51,  52,  53,  54  and  the  South  7 feet  of 
all  in  Maysville  Heights  Addition. 


OFfiCE  Of 

Board  of  Public  Works 


Fort  Wayne  2,  Indiana 


B.O.  20- *63 


Date 


U5-1U7-2 
March  IL.,  1963 


City  Engineer 


Subject.  Cpp.,  Hfis.  109k-196'^  sewer  easement  Mavsville  Heifrhts  Add^ 

Prepare  Assessment  Roll  of  Benefits  $1*00  and  Damages  $1*00. 


Paul  F.  Roembke 
C.  L.  Sidle 
Berkeley  Ward 

boaPlD  of  public  VroRKS 

ic 

attach  Res.  & P.  0.  List 
cc:  Mayor  Burns 


Reply: 

March  29,  1963 

Assessment  roll  of  Benefits  and  Damages  completed  and  attached* 


noted 

□ p.  F.  R. 

□ C.  L.  S, 

□ B.W. 


Signed 


Signed 


SENDER:  REMOVE  & KEEP  3RD  COPY  - RECEIVER;  ANSWER  & KEEP  2ND  COPY  - RETURN  1ST  COPY 


Engineering  Department 


Board  of  Public  Works 
City  Hall 

Subject:  Maysville  Heights  - Sanitary  Sewer 

Gentlemen: 

On  the  recent  Declaratory  Resolution  No.  1094  for  condemnation  of 
the  easement  for  the  above  mentioned  sanitary  sewer,  an  error  was 
made  in  line  one  of  the  first  paragraph  of  the  easement  description 
attached  to  the  Resolution. 

I should  like  you  to  make  a NuncPro  Tunc  entry  to  amend  this.  Please 
cancel  the  whole  first  paragraph  and  substitute  the  following  paragraph: 

The  North  12  feet  of  the  South  313  feet  of  the  East  165  feet 
and  the  North  14  feet  of  the  South  315  feet  of  the  East  519 
feet,  excluding  the  East  165  feet^of  the  West  one-half  of  the 
Southwest  Quarter  of  Section  32,  St.  Joe  Township  31  North, 

Range  13  East,  Allen  County,  Indiana. 


Yours  truly. 


gk 


Chief  Sewer  Engineer 


cc:  Mayor  Burns 

Mr.  Edward  Green 


The  North  14  feet_^f^-the-Stnrth_315  fwt'^oT'^e  Ea«t  519  feet  of  the  We«t 
one-half  of  jUie-StiirtHwe^  Quarter  of  Sec^on~32,  Str-^Jo«-^To*mahi|a_31  Range 

13  ^a5^-,--AHen  County,  Indiana.  "■ — — 

The  We«t  14  feet  of  the  Ea«t  519  feet  of  the  South  588  feet,  excluding  the 
South  315  feet  of  the  We«t  one-half  of  the  Southweat  Quarter  Section  32,  St.  Joe 
Township  31  North,  Range  13  East,  Allen  County,  Indiana. 

The  North  14  feet  of  the  South  588  feet  of  the  East  875  feet,  excluding  the 

East  519  feet  of  the  West  one-half  of  the  Southwest  Quarter,  Section  32,  St.  Joe 

Township  31,  North,  Range  13  East,  Allen  County,  Indiana. 

A 14  foot  strip  of  land  whose  centerline  is  more  particularly  described  as 
follows ; 

Commencing  at  a point  which  is  located  869  feet  West  of  the  centerline  of 
the  Southwest  Quarter  of  Section  32,  St.  Joe  Township  and  579  feet  North  of  the 
South  Section  Line  of  the  Southwest  Quarter  of  Section  32,  St.  Joe  Township, 
thence  in  a Northwesterly  direction  to  a point  located  990  feet  West  of  the  center- 
line  of  the  Southwest  Quarter  of  Section  32,  St.  Joe  Township  and  672  feet  North 
of  the  South  Section  Line  of  Section  32,  St.  Joe  Township. 

The  North  7 feet  of  Lots  48,  49,  50,  51,  52,  53,  54  and  the  South  7 feet  of 

Lots  47,  46,  45,  and  44,  all  in  Maysville  Heights  Addition. 


1094 


ENGINEERING 
DEPT.  OF  STREETS 


DATE February,  12,  J-963 


TO: 


Board  of  Public  Works 


SUBJECT:  Declaratory  Resolation  No,  109A~1963 


The  Sewer  Engineering  Department  has  prepared  the  attached  resolution, 
which  provides  for  the  condemnation  of  right-of-way  for  sewer  easement 
purposes  in  the  area  of  Maysville  Heights  Mdition. 

Please  advise  what  board  order  number  is  assigned  to  this  project. 
Drawisg^nnd  property  ownership  list  are  also  attached. 


NOTICE  OF  IMPROVEMENT 


OFFICE  BOARD  OF  PUBUC  WORKS 


Fort  Wayne,  Indiana, 


March  1,  1963 


1094 


To. 


You  are  here'oy  notified  that  the  Board  of  Public  Works,  of  the  City  of  Fort  Wayne,  Indiana,  did 
Declaratory 

pass  Improvement/Resolution  No 

providing  for  the  Condemnation  of  right  of  way  for  sewer  easement  across  parts  of  the 

southwest  quarter  of  section  32,  St.  Joe  Township,  31  north,  range  13  east,  Allen 
County,  Indiana. 


All  work  to  be  done  under  aforementioned  Improvement  Resolution  shall  be  in  accordance  with  the  de- 
tailed plans,  profile  and  specifications  which  are  now  on  file  and  may  be  seen  in  the  office  of  the  Board 
of  PuWic  Works. 

The  Board  has  fixed .T.h.UK.sday.,. .March..l4,  

a date  and  time  when  they  will  hear  and  consider  objections  or  remonstrances  from  all  persons  whose 
propery  will  be  affected  by  the  proposed  improvement. 

You  are  hereby  notified  that 


Maysville  Heights  Add. 


& 


J.  H.  Feichters  Garden  View  Add. 


is  subject  to  assessment  for  said  proposed  improvement  under  the  Improvement  Laws  passed  by  the  Gen- 
eral Assembly  of  the  State  of  Indiana,  March  6,  1905,  and  under  all  acts  amendatory  thereto  and  supple- 
mental thereof. 


BOARD  OF  PUBLIC  WORKS 


J^CCLAHATOXy 

Resolution  No.  /=;>^ 


Aa^OSS  '7A\7Zy'^__<^A  7A^ 'S" ^ ^£^7^/€^a/ 3P y St:  3o/£:  ~7oc<JM<r^/;^.  3/  A/€:>x.T-a/  /S  /^^Js-r 


AaC£//  <AA aa/^7~y.  ■^ZA^_^yAM\, 
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ADDRESS 
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